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BILL NO. S-83-01- //?/ 


SPECIAL ORDINANCE NO. S- c^? 

AN ORDINANCE approving Change Order 
No. 4 and Final Resolution No. 347-80, 

Project No. C-180599-09, "Poplar Ridge", 
in connection with the Board of Public Works. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 

OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 4, Final 

Resolution No. 347-80, Project No. C-180599-09, "Poplar Ridge", 

with Ness Excavating & Trucking, Inc., in connection with the 

Board of Public Works, for: 

close out to adjust the estimated quantities 
in the contract unit price to agree with actual 
quantities installed in this project by the 
contractor; 


involving a net increase in the amount of Eight Thousand Two 
Hundred Fifty-Four and 70/100 Dollars ($8,254.70), all as more 
particularly set forth in the specifications, and which is on 
file with the Office of the Board of Public Works, and is by 
reference incorporated herein, made a part hereof, and is hereby 
in all things ratified, confirmed, and approved. 

SECTION 2. That this Ordinance shall be in full 
force and effect from and after its passage and any and all 
necessary approval by the Mayor. 
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seconded by ^ _, and duly^ adop^i 

by title and referred to the Committee 

Plan Commission for recommendation) and Public Hearing to be held after 
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due legal notice, at the Counci-L-Cham bersr~ C ity ~€ouafey- Buildarilg, Fort Wayne, 
Indiana, on___, the _day of 
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Read the thir< 

seconded by_ 

passage. PASSED 


LrdZ^ime IrT)full and on me 
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CHARLES w: WESTERMAN - CITY CLERK 


ime fn^full ^nd on motion by_ 
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following vote: 
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DATE: 




CHARLES W. WESTERMAN - CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONING MAP) -(GENERAL)-(ANNECAflON) (SPECIAL) 

I (A PPROPR IATION) ORDINANCE (RESULT! f)— NO._ 

on the _day of_ 
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CHANGE ORDER 


PPi - /& ^ 


Change Order No. /( an< ^ FINAL 
Project No. C-180599-09 
Name of Projec t; "POPLAR RIDGE" 


Toj_ NESS EXCAVATING & TRUCKING, INC 

(Contractor) 

Gentlemen; 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Resolution No. 347-80 
Board Order No . 15-80 
Date:_ Q /*, /<? g-<- 


Item 

No. 


Description of Change 


Change in Co 

ntract Price 

Ouantity 

Description 

Unit Price 

Decrease 

Increase 



"SEE ATTACHED" 




























Total Decrease 

Total Increase 

Net (Increase) Contract Price 

11,133.54 



19,388.24 


8,254.70 


The sum of $ 8,254.70 _is here by (added to) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


<5 181,495.25 

o 215,214.25 

c 223,468.95 


The time provided for completion in the contract for this project is (unchanged) (5Sh¥£SSS£) 

by _calendar days due to this Change Order. The date for completion 

of all work .shall he N/A _. Furthermore, this document shall become an 


amendment to the < 


Accepted by: 
Approved by: 
Approved by: 


hd all provisions of the contract shall apply hereto. 

Date_ 



^ Contractor 


City Engineer 


Owner 




L-v Clark. 


Date 


iz-rz- -tz~ 


Date S3.—/S'-# 


/a -/-T- 


A.ttested by: 















































ATTACHMENT TO CHANGE ORDER 


Junk Ditch Study Area C-180599-09 - B.O. 55-80 

Resolution 347-80 "Poplar Ridge" 

Ness Excavating & Trucking, Inc., Contractor 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

- Increase 

1 

15.4 LF 

10" Sewer Pipe 

13.84 

213.14 


2 

7.4 LF 

8" Sewer Pipe 

12.57 

93.02 


5 

1 EA 

Std. City of Fort Wayne Cleanout 

300.00 

300.00 


6 

16 LF 

6" ’T' or 'WYE' 

48.00 


768.00 

7* 

496.5 LF 

6" Building Sewer 

8.00 


3,972.00 

9 

89.4 CY 

#53 or #73 Special Backfill 

10.00 

894.00 


10 

12.84CY 

Special Backfill 

8.00 

102.72 


11 

1990.0 SY 

Stone and Gravel 

2.00 


3,980.00 

12 

68.4 SY 

4" Deep Strength Asphalt 

21.00 


1,436.40 

13 

96.0 SY 

6" Concrete Drives 

15.00 

1,440.00 


14 

535.9 SY 

Double Chip and Seal . 

1.75 


937.82 

16 

4503.8 SY 

Seed and 1" Mulch 

0.70 

3,152.66 


18 

4 LF 

6"-12" Field Tile Replacement 

8.00 


32.00 

19 

283 LF 

12"-15" Culvert Pipe Replacement 

15.00 

4,245.00 


20 

63 CY 

Base Stabilization 

11.00 

693.00 


22 

546.9 SY 

2" Asphalt #9 Binder 

9.00 


4,922.10 

23 

545.27SY 

1%" Asphalt A-2 Surface 

3.00 


1,635.81 

24 

2468.9 SY 

Road Scarification 

0.35 


1,704.11 

*Non-G 

Irant Eligi 

ble Items 

tal Decrease 

11,133.54 


To 

Net (BSgifSSSM? (Increase) Coi 

tal Increase 


19,388.24 

ntract Price 


8,254.70 







































Change Order No. 4 and FINAL 


Resolution No. 347-80 
Board Order No. 55-80 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: ______ 

See Attached 


2. Will proposed change alter size of the project? Yes_ No_y_ 

If yes, explain 


3. Affect on operation and maintenance cost of this project: 

N/A 
































JUSTIFICATION FOR CHANGE ORDER #4 and FINAL 
JUNK DITCH STUDY AREA C-180599-09 - B.O. 55-80 

Resolution 347-80 "Poplar Ridge" 


NESS EXCAVATING & TRUCKING, INC. Contractor 


Items #1, 2, 5, 6, 7, 9, 10, 12, 13, 14, 16, 18, 19, 20 and 23 


These items are an adjustment of the estimated units to those actually insall- 
ed in the field on this contract. 

Items #11 and 22 


6" Stone and Gravel and 2" # 9 Binder - This item increased as a result of 
the sewer on Rewill Drive. During the course of construction on Rewill Drive 
approximately 1.5' - 2.0' of pavement was lost due to the soil conditions. 
This loss was not anticipated at the time of design. In addition to the loss 
of the above area, construction traffic cause damage in one area approximately 
20' x 190'and this area was ordered removed and replaced prior to paving the 
surface of Rewill Drive. 

Item #24 


Road Scarification - At the time of restoration, Mr. Ness was instructed to 
scarify the chip and seal surface prior to application of the double chip and 
seal surface. His contention was that scarification was not included in his 
original price as bid. After investigating comparative prices and current 
prices submitted to the City on these Federal projects and others, it was de¬ 
termined that Mr. Ness' $1.75/SY price was in line with others received with¬ 
out scarifications. Therefore, the price of $0.35/SY for scarification was 
accepted by the Water Pollution Control Engineering Department. 
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UNIT 

PRICE 

13.84 

12.57 

1,100.00 

1,500.00 

300.00 

48.00 

00*8 

c 

c 

C 

D 

O 

o 

o 

o 


o 

o 

o 

o 

21.00 

15.0C 

ORIGINAL 

BID UNITS 

4,325± LF 

1,024± LF 

16± EA 

2± EA 

2± EA 

51± EA 

Pn 

►J 

o 


3 

B 


o 

5 

o 

660± SK 

CO CO 

+1 +1 

o 

cm 

DESCRIPTION 

10" Sewer Pipe 

Std. Manhole Type I, A or J 

Std. Manhole Type VI A or J 

Std. Cleanout 

w 

B 

5-4 

O 
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vO 
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u. 

tv 
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0 
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> j 

Std. City of Fort Wayne Tap Permits 

#53 -#73 Special Backfill 


pc 
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6" Stone and Gravel 

4" Deep Strength Asphalt (drives) 

6" Conrete Drives 
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SUPPLEMENT 

NON-GRANT ELIGIBLE ITEMS 






























































BILL NO. 


S-83-01-12 


REPORT OF THE COMMITTEE'ON CITY UTILITIES 

WE, YOUR COMMITTEE ON City Utilities __ T0 whom WAS REFERRED AN 

ORDINANCE approving Change Order N o. 4 and Final Resolution 

No. 347-80, Project No. C-180599-09, "Poplar Ridge", in connection 
with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 






































TIT'LH of ORDINANCE Change Order #4 and FINAL, Res.' 


DEPARTMENT REQUESTING ORDINANCE Board of p u bli c Works 
SYNOPSIS OF ORDINANCE ™ s is a close 


£ ^80, Project" C-18Q599-0 9, ■ ..p npTgT . 

Ridge" 


L —&/—/oU 


Quanta* • . -^jfh ange order to adju st the estimated 

with actual quantit ies installed 
Excavating. 5 Trucking, l nc . 




MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 


$8,254.70 Increase 

























































































































